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Contract No. INC-143 
Amendment No, 2 


aan FEB 10 1958 


Bastman Kodak Company 
Rochester, New York 


Gentlemen: 


1. This document constitutes Amendment No. 2 to Contract No. 


the United States of America. 25X1A5A1 


2, In accordance with the clause of this contract entitled 
NCHANGES" and mutual agreement. between the parties hereto, the 
contract 19 amended in certain particulars as follows: 


a. The following additional work 4s added to SECTION A - 
CONTRACT WORK, in the contract schedules 


Design end build into each of the seven (7) 
Camere Processora being fabricated hereunder 
a special precautionary device incorporating 
the technical characteristics and conform 
ing to the requirements agreed to between the 


Contractor and the Contracting Officer's ¥5 
technical representative, our 
b, In SECTION B - PERLOD OF PERFORMANCE, of thd contract SV” 
schedule, the date "1 May 1956" is changed to "15 Aughet 1958" 
ec. In SECTION C ~ ESTIMATED COST AND FIXED FEE, of the 


contract schedule, Paragraphs 1 and 2 are deleted and the 
following paragraphs are substituted therefor: 


1, The estimated cost of the performance 
f this contract, exclusive of the fixed~fee, 
5 ONE HUNDRED FORTY-EIGHT THOUSAND NINE 
TUNDRED THIRTY-SIX DOLLARS ($148,936). 
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3. By reason of the foregoing the estimated total contract O5XIA 
price ie increased byl 


4. ALL other terms, conditions and requirements of Contract 
No, INC~143, as amended, remain unchanged. 


§ Please indicate your receipt of this Amendment No. 2 to 
Contract No, INC-143 and your acceptance thereof by executing the 
original and two copies of this Amendment, Return the fully 
executed original and one copy of this Amendment to the undersigned 
and retain the remaining copy fer your files. 


Very truly yours, 


25X1A 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
SASTHMAN KODAK COMPANY 


PC 


TITLE Vice President & General Manager 


pare February 17, 1958 
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